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UNCLASSIFIED 

PAGE 01 MOSCOW 20917 311335Z 
ACTION FBOE-OO 


Message Text 


INFO OCT-01 EUR- 1 2 ISO-OO A-01 SSO-OO SY-05 /019W 

043710 311337Z/50 

O 311 33 1Z AUG 78 

FM AMEMBASSY MOSCOW 

TO SECSTATE WASHDC IMMEDIATE 6258 


UNCLAS MOSCOW 20917 


E.O. 11652: N/A 

TAGS: ABLD, AFSP, ASEC/NSU, UR 

SUBJECT: EMBASSY RECONSTRUCTION, PROPERTY NO. L01001, 
ELEVATOR INSTALLATION 

1 . IN ORDER TO AVOID WORK SLIPPAGE INTO 1979, TO 
OBTAIN EXPERTISE NEEDED FOR CLOSELY RELATED ASPECTS 
OF THE ELEVATOR INSTALLATION, AND TO PROPERLY KEEP 
RESPONSIBILITY PLACEDWITH CONTRACTOR RATHER THAN 
SEABEES IT IS NECESSARY TO EXECUTE A CHANGE ORDER TO 
THE FREISSLER-OTIS CONTRACT NUMBER 32NZ0520 FOR 
THEIR ASSISTANCE IN PREPARATION OF THE ELEVATOR 
SHAFT. THIS WORK IS NOT PRESENTLY IN THEIR CONTRACT. 

2. WORK WOULD BE ON ACTUAL COST INCURRED BASIS WITH 
BUILDING MATERIALS AND HOUSING FURNISHED BY EMBASSY 
AND DAILY COST OF TWO-MAN TEAM OF DOLS 345. ESTIMATING 
30 DAYS, LABOR COST IS DOLS 10,350. MATERIALS COST 
ESTIMATE IS DOLS 1,000. THUS TOTAL CHANGE ORDER 
AMOUNT IS DOLS 11,350. 

3. LOGISTICS REQUIRE PROMPT DECISION. PLEASE ADVISE. 
ADDITIONAL FUNDING REQUIRED. 

GARRISON 
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